Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 06 JUL 2006 


Message Text 

LIMITED OFFICIAL USE 

PAGE 01 MANILA 13976 031017Z 

20 

ACTION TRSE-00 

INFO OCT-01 EA-07 NEA-10 ISO-00 SP-02 AID-05 EB-07 NSC-05 

CIEP-01 SS-15 STR-04 OMB-01 CEA-01 CIAE-00 COME-00 

FRB-03 INR-07 NSAE-00 USIA-06 XMB-02 OPIC-03 LAB-04 

SIL-01 L-03 H-02 DODE-00 PA-01 PRS-01 FAA-00 10-10 

DOTE-00 /102W 

109350 

R 030850Z OCT 75 
FM AMEMBASSY MANILA 
TO SECSTATE WASHDC 8177 
INFO AMEMBASSY KATHMANDU 


LIMITED OFFICIAL USE MANILA 13976 

E. O. 11652: ADS, DECLAS 1/3/76 
TAGS: EAID, EFIN, NP 

SUBJECT: PROPOSED ADB CHANGE IN SCOPE OE EXISTING AIR TRANSPORT 
DEVELOPMENT PROJECT AND PROPOSED LOAN FOR TRIBHUVAN 
INTERNATIONAL AIRPORT PROJECT (NEPAL) 

FOR NAC AGENCIES 

EF: A) MANILA 13302; B) TREASURY 75-157 

1 . BOARD OF DIRECTORS AT OCTOBER 2 MEETING APPROVED 
REDUCED SCOPE AIR TRANSPORT DEVELOPMENT PROJECT AND 
APPROVED $10 MILLION EQUIVALENT LOAN FROM SPECIAL FUNDS 
TO KINGDOM OF NEPAL TO EINANCE FOREX COST AND ONE-THIRD 
LOCAL COST TO IMPROVE TRIBHUVAN INTERNATIONAL AIRPORT. 

PRESS RELEASE BEING POUCHED. 

2. BOARD COMMENTS: ALL DIRECTORS SUPPORTED PROPOSALS. 
HOWEVER, MANY DIRECTORS EXPRESSED CONCERN OVER EXTRA- 
ORDINARY DELAYS IN IMPLEMENTING THIS AND OTHER PROJECTS 
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CONSULTANTS, INTERNATIONAL BIDDING AND EVALUATION OF 
TENDERS. DIRECTORS THEN QUESTIONED POSSIBILITY 
EURTHER DELAYS IN PROPOSED REDUCED PROJECT. ADB STAEF 
SAID EXPERIENCE GAINED BY BANK STAFE AND BY GOVT 
OEFICIALS INDICATE REASONABLE EXPECTATION REDUCED 
PROJECT WILL BE IMPLEMENTED AS SCHEDULED. 

SULLIVAN 
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